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Message Text 

UNCLASSIFIED 

PAGE 01 DOHA 01224 301030Z 
ACTION NEA- 10 

INFO OCT-01 EUR-12 ISO-00 COME-00 EB-08 /031 W 

016604 310521Z/10 

R 300828Z AUG 78 
FM AMEMBASSY DOHA 
TO SECSTATE WASHDC 3949 
INFO AMEMBASSY ATHENS 


UNCLAS DOHA 1224 
ATHENS FOR RTDO 


E.O. 11652: N/A 
TAGS: BEXP, QA 

SUBJECT: STATUS OE DOHA CONEERENCE CENTER AND HOTEL COMPLEX 


REE: STATE 206182 (NOTAL) 

1 . HOTEL AND CONFERENCE CENTER PROJECT HAS BEEN PUT ON EIVE YEAR 
TIME SCALE VICE THREE YEAR PROGRAM ORIGINALLY CONTEMPLATED. 
PROJECT HAS ALSO BEEN SOMEWHAT REDUCED IN SIZE AND SPECIFICATIONS 
HAVE BEEN CHANGED. BASIC PROJECT IS STILL INTACT AND WILL 
INVOLVE COMPLETION OE TWO MAIN BUILDINGS. (FOUNDATIONS AND 
STRUCTURAL STEEL WERE FAST-TRACKED TO COMPLETION EARLIER THIS 
YEAR.) SEPARATE CONTRACT FOR LANDSCAPING IS BEING NEGOTIATED WITH 
U.S. EIRM, METCALF-EDDY CORP. OF BOSTON AND PALO- ALTO. 

2. FIRST ROUND BIDS SUBMITTED MAY 1977 EOR COMPLETION OF BASIC 
PROJECT WERE REJECTED EN MASSE ON PRICE GROUNDS. TEN EIRMS WERE 
ASKED TO SUBMIT SECOND ROUND BIDS ON BASIS OE EARLIER 
PREQUALIFICATION. TWO AMERICAN FIRMS WERE INCLUDED IN SHORT LIST 
FOR SECOND ROUND: TEER-DAILY JOINT VENTURE AND J.A. JONES A.G. 

FULL NAMES AND ADDRESSES OF ALL TEN EIRMS ARE LISTED IN PARA 

4 BELOW. 


3. FIRMS AND INDIVIDUALS SEEKING INFORMATION ON DAY TO DAY STATUS 
OF PROJECT MAY ALSO BE REFERRED TO WILLIAM L. PEREIRA ASSOCIATES, 
UNCLASSIFIED 


UNCLASSIFIED 
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U.S. ADDRESS: 5657 WILSHIRE BLVD., LOS ANGELES, CA 90036, 

TELEPHONE: (213) 933-8341, TELEX: 698533 PERPLANA LSA. DOHA 
ADDRESS: P.O. BOX 3843, DOHA, QATAR, ARABIAN GULF, TELEPHONE 
21152, TELEX: 4466 PERPLN DH. 

4. HOTEL AND CONFERENCE CENTER, NEW DOHA, QATAR MAILING ADDRESS 
LIST: 
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PREQUALIFIED TENDERERS FOR CONTRACT C-7: MAIN CONTRACT 

FEAL S.P.A., VIA BERNARDINO VERRO, 90 MILANG, ITALY 
TEL: 53.581, TLX: 32217 FEALTUBI OR 26399 AMYNFEALT 
ATTN: DR. R. THODESCO 

GENGHINI S.P.A., 00165 ROME, VIA PIO IV, 6, ITALY, TEL: 

637-9071, TLX: 61223 RO 63654 GENGHINI 

ATTN: MR. DOLFINO DOLFI OR MR. GIULIO C. TERZOLI 

HYUNDAI CONSTRUCTION CO. LTD., HYUNDAI BUILDING, 178 SEJONG-RO, 
CHONGRO; KU, SEOUL, KOREA, TEL:70-52 1 1 THRU 20 OR 70-55 1 1 THRU 20 
TLX: 2311 1/2/3 HYUNDAI K, ATTN: MR. JANG HYUN,JUNG 
MR. CHOI, DONG SIK 

INTERBETON B.V., P.O. BOX 84, 2280 AB RIJSWIJK, THE NETHERLANDS 
TEL: 070-849340, TLX: 31 177 Z BETN NL, ATTN: MR. LUKE VALK 

JOANNOU & PARASKEVAIDES (0) LTD., P.O. BOX 4624, DEIRA, DUBAI, 
U.A.E., TEL: 664800-9, 661438 94 221283, TLX: 5537 JAYNPEE DB 
OR 6477 JPGHO EM, ATTN: .MR. MICHAEL ZAMBARLOUKOS OR 
MR. P.T. PANAYIDES 

J.A. JONES A.G., ONE SOUTH EXECUTIVE PARK, P.O. BOX 1537, 
CHARLOTTE, NORTH CAROLINA 28231, USA, TEL: (704) 554-1280, 
UNCLASSIFIED 
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TLX: 810 621 7875 JA JONES CHA, ATTN: MR. DAVID HF.NKLE 

KOCH GMBH BAU AND BETON AG, P.O. BOX 1420, TULLASTRABE 72, 
D-7800 FREIBURG, WEST GERMANY, TEL: 0761 OR 5151, 

TLX: 7721445 OR 772729 KOCH D 
ATTN: DR. H, N, GOETZ 

SHIMIZU CONSTRUCTION CO., LTD., NO. 16-1, KYOBASHI 2-CHOME, 
CHUO-KU, TOKYO, JAPAN, TEL: 03-535-4111, TLX: 25534 SCC TKE 
(JAPAN), ATTN: MR. ICHIRO HOSHINO 

SODETEG ENGINEERING, P.P. NO. 15, 9 AVENUE REAUMUR, 

92350 LE PLESSIS-ROBINSON, FRANCE, TEL: 6302313, 

TLX: 270411 OR 260895 SODTG, ATTN: MR. CLAUDE LANT, 

MR. GEORGE RAIBAUT, MR. R. BOUCHARD 

TAISEI CORPORATION, 5-11, GINZA 2-CHOME, CHUO-KU, TOKYO, JAPAN, 
TEL: (03) 567-1511, TLX: 2523475 TAIKAl J 
ATTN: MR. T. SAISHO 

TEER-DAILEY JOINT VENTURE 
C/O THE GULF GROUP 
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P.O. BOX 3359, DOHA, QATAR, TEL: 6163, TLX: 4027 NLTCO DH 
ATTN: MR. MACK PARSONS. 

JABBOUR 


UNCLASSIFIED 


NNN 
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Message Attributes 


Automatic Decaptioning: X 

Capture Date: 01 jan 1994 

Channei indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 30 aug 1 978 

Decaption Date: 01 jan 1960 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 jan 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1978DOHA01224 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Expiration: 

Film Number: D780355-0541 

Format: TEL 
From: DOHA 

Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1978/newtext/t1 978081 0/aaaaahro.tel 

Line Count: 119 
Litigation Code IDs: 

Litigation Codes: 

Litigation History: 

Locator: TEXT ON-LINE, ON MICROFILM 

Message ID: 5cb48457-c288-dd1 1-92da-001cc4696bcc 

Office: ACTION NEA 

Original Classification: UNCLASSIFIED 

Original Handling Restrictions: n/a 

Original Previous Classification: n/a 

Original Previous Handling Restrictions: n/a 

Page Count: 3 

Previous Channel Indicators: n/a 
Previous Classification: n/a 
Previous Handling Restrictions: n/a 
Reference: 78 STATE 206182 
Retention: 0 

Review Action: RELEASED, APPROVED 
Review Content Flags: 

Review Date: 17 feb 2005 
Review Event: 

Review Exemptions: n/a 
Review Media Identifier: 

Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
SAS ID: 1538237 
Secure: OPEN 
Status: NATIVE 

Subject: STATUS OF DOHA CONFERENCE CENTER AND HOTEL COMPLEX 
TAGS: BEXP, OA 
To: STATE 
Type: TE 

vdkvgwkey: odbc://SAS/SAS.dbo.SAS_Docs/5cb48457-c288-dd1 1 -92da-001 cc4696bcc 
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